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was mixed by hand 5 parts sand and gravel to 1 cement, and hoisted to place. The wall of the tank is 5 in. thick suitably reinforced in both directions with f-in. rods. Two sets of forms were used each 3 ft. 3 in. high. This cost covers all the material and labor of building this tank save the waterproofing in 9017.016. (See Fig. 68.)
Account 9017.06—Receiving Tank No. 1.
This is a concrete tank 6 ft. 6 in. high with 5-in. walls, suitably reinforced in both directions. The tank rests on a concrete floor about 23 ft. from the ground. The concrete details are the same practically as
9017.05.    (See Fig. 67.)
Account 9017.07—Receiving Tank No. 2.
This concrete tank is 12 ft. in diameter, 6 ft. high, with 5-in. reinforced wall, supported on reinforced concrete columns 7 ft. high. The column are here included. In other respects the tank account is similar to
9017.06.    (See Fig. 66.)
Account 9017.08—Calibrating Tank.
This account covers the material, fabrication, and cost of erecting the following tank:
1 tank 54 in. high, 6 ft. diameter, of 3yV-in. plate.
Account 9017.081—Tipping Meter.
This account covers the cost of material as listed below and the fabrication and erection of the same. The tipping meter is set directly over No. 2 receiving tank, in a wood frame attached to the top of the tank. The meter is shown in sketch No. 136.
Lumber, 2 by 4;s, 6 by 8's, etc., 876 b.m.....................    $24.47
Galvanized iron No. 10 and No. 12..........................    112.03
2 by 2 by i angle iron.....................................       3.69
One 6 wheel revolution counter............................      34.74
Bolts, washers, nails, etc...................................      52:57
$227.50 Account 9017.09—Heater and Recorder.
This account covers the material listed below and the labor of installing it on the concrete floor of the feed water heating plant, 26 ft. off the ground. The magnesia blocks are the covering for the heater.
Factory    Freight       Clifton
1 No. 760 Cochrane feed water heater and receiver $776.75   $204.48     $981.23
1 Wainwright closed feed water heater..........    775.00       74.64       849.64
One 6-in. Lea recorder and extra float valve.....    589.00     123.51       712.51
One 6-in. float for receiving tank No. 2...........................         44.60
600 sq. ft. magnesia blocking If in. thick.........................       161 .,03
300 Ib. magnesia cement.......................................         22.53
Miscellaneous................................................         42.30
$2,813.84.,.',.,..,,.,..,,.......______,     .       .......     11,008.92
